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Message Text 


UNCLASSIFIED 

PAGE 01 SINAI 00485 021631Z 

47 

ACTION SSM-05 

INFO OCT-01 NEA-10 ISO-OO OC-05 CCO-OO /021 W 

030418 

P 021550Z APR 76 

FM USMISSION SINAI 

TO SECSTATE WASHDC PRIORITY 290 

UNCLAS SINAI 0485 

FOR SSM 

E.O. 11652: N/A 
TAGS: ASUP 

SUBJECT: SSM-32 SITE REPORT PRD ENDING 1600 APR 2, 1976 
1 . FACILITY 

A. PERMANENT BASE COMPLETED (PERCENT) 

USG COM/OPS: 

FOUNDATION 100 
UTILITY STUBOUT 100 

CONTR ADMIN: 

FOUNDATION 100 
UTILITY STUBOUT 100 

FIRE STATION/M AINT.: 

FOUNDATION 100 
UTILITY STUBOUT 100 

POWER STATION: 

FOUNDATION 100 
UTILITY STUBOUT 100 

4/6 MAN QUARTERS: 

FOUNDATION: 

EXCAVATION 100 
FOOTINGS/PIERS 100 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 SINAI 00485 021631Z 

BACKFILL 71 
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UTILITY STUBOUT 60 

COMMUNITY CENTER: 

FOUNDATIONS: 

EXCAVATIONS 100 
FOOTINGS/PIERS 100 
BACKFILL 50 
UTILITY STUBOUT 0 

1/2 MAN QUARTERS: 

FOUNDATION: 

EXCAVATIONS 100 
FOOTINGS AND PIERS 100 
BACKFILL 0 
UTILITY STUBOUT 0 

GUARD STATION: 

FOUNDATION: 

EXCAVATION 100 
FOOTINGS AND PIERS 0 
BACKFILL 0 
UTILITY STUBOUT 0 

SEWAGE TREATMENT PLANT: 

EXCAVATION 100 
EQUIPMENT ON HAND 100 

FUEL AND WATER STORAGE: 

EXCAVATION 40 
(BLASTING ROCK TODAY) 

TANKS ON SITE 100 

2. COMMUNICATIONS: 

NO REPORT 

3. ADMINISTRATION: 

A. FISCAL: NO REPORT 

B. PERSONNEL: NO REPORT 

C. SSM PERSONNEL: KIMMEL ARRIVED 1 APRIL AND RICE LEFT 2 APRIL. 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 03 SINAI 00485 021631Z 

4. LOGISTICS: 

A. CONVOY WITH 150 TON CRANE ARRIVED ON SITE AFTERNOON OF 2 APRIL. 

B. IT HAS BEEN REPORTED THAT ALL MATERIALS ON THOMPSON LYKES 
HAVE BEEN OFF LOADED. SOME OF THESE MATERIALS ARE STAGED AT 
THE 

SURGE YARD IN ASHDOD AND WILL BE TRANSPORTED IN THE NEXT CONVOYS. 
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C. IT HAS BEEN REPORTED THAT OFF-LOADING OF THE MODULES HAS BEGUN 
AND THE FIRST SHIPMENT OF MODULES TO THE SITE IS ANTICIPATED 
TO ARRIVE 4 APRIL. 

THORNE 


UNCLASSIFIED 


NNN 


Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 04 MAY 2006 



Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 04 MAY 2006 


Message Attributes 


Automatic Decaptioning: X 
Capture Date: 01 JAN 1994 
Channel Indicators: n/a 
Current Classification: UNCLASSIFIED 

Concepts: EQUIPMENT, PEACE OBSERVATION MISSIONS, TRACKING STATIONS 

Control Number: n/a 
Copy: SINGLE 
Draft Date: 02 APR 1976 
Decaption Date: 01 JAN 1960 
Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976SINAI00485 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D7601 25-0020 
From: SINAI 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t1 976041 03/aaaadkpp. tel 

Line Count: 121 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION SSM 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 3 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: oatisao 
Review Comment: n/a 
Review Content Flags: 

Review Date: 24 MAY 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <24 MAY 2004 by SilvaL0>; APPROVED <27 SEP 2004 by oatisao> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
04 MAY 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: SSM-32 SITE REPORT PRD ENDING 1600 APR 2, 1976 
TAGS: PFOR, EG, IS, UN 
To: STATE 
Type: TE 
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